SPECIFICATIONS  FOB  PUMPING  ENGINES.
The party of the second part agrees to have the K pump pits ready for the commencement of the erection of* the engines within twenty months, and to have the steam ready for testing and running the engines twenty-three months after the date of the above notice to begin work.
And the part of the first part further agree L that shall not be entitled to any claim for any hind-rarice or delay from any cause whatever in the progress of the work, or any portion thereof; but any hindrance or delay occasioned by the party of the second part shall entitle said part of the first part to an extension of the time for completing this contract, sufficient to compensate for the detention, the same to be determined by the Water Commissioner.
The said part of the first part further agree M that will not sublet the work to be done under this contract, but will keep the same under control, and that will not assign the same by power of attorney or otherwise, and that will at all times have a representative present where any work is in progress under this contract. Whenever it may be desired to give directions, orders will be given by the Water Commissioner and obeyed by the contractor's representative who may have charge of the particular work in reference to which orders are given. If any person employed by the contractor on the work should appear to the Water Commissioner to be incompetent or disorderly, he shall, upon the requisition of the Water Commissioner, be at once discharged and not again employed.
It is further agreed that if the part of the first N part shall assign this contract, or abandon the work to be done under this agreement, or shall neglect or refuse to comply with the specifications or stipulations herein contained, the board of public improvements shall have the right, with the consent of the mayor, to annul and cancel this contract, and to relet the work or any part thereof; and such annulment shall not entitle the contractor to recover damages on account thereof; nor hhall it affect the right of the City of St. Louis to recover damages which may arise from such failure.
And the said first part    hereby agree    to pro-    O tect and defend and save harmless the said city of St. Louis against any demand for patent fees on any patented invention, article or arrangement that may
20